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DELIVERY SCHEDULE 


MODIFICATION OF SYSTEM 4 
BAND 1A/1B RECEIVER CIRCUITS 


Items in the Statement of Work shall be delivered in accordance 


with the following schedule based on the date of receipt of authorization 
to proceed: 


Item Schedule 
1 Research and Development - 


Six (6) weeks 


2 Incorporation into 1A/1B Unit for 
Serial No. 101 - 


At no change to existing schedule 


3 Incorporation into Serial Nos. 102, 105, 
106 and 107 - 


At no change to existing schedules 


4 Field Modification Kits for Serial Nos 
103 and 104 - 
Ten (10) weeks 


This document contrins information affactina the netional 


‘ defense of the Usited States within tha meaning cf the 
SECR Espionage Laws, Title 18 U.S.C., Ssction 793 and 794. Its 
transmission or the revelation of its contents in any 

manner to an unauthorized person is prohibited by law. 
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